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I°/U If R?,vmvfn o:>7 ins __ I LKSRXB BOSSES OF IXBXXSBSXOi! TO 

' ' Contract dated June 24, 1 958 


Hycoa ManufACturin^ C o m p a ny 
Iteiaficaa, California 


At (nation t 


Geutleisent 

X* EFFECTIVE ue or TSD8MUIAri^. You are notified that 
yoor Contract dated June 24, 1953* (hereinafter referred to ee 
"the contract") i* hereby temiaated for the eoavenleuee of the 
QcmvsamX, in accordance with the clause hereof entitled 
"Teminttiiau for the Convenience of tbs Gcrrcroaaot”. Such 
torainatlOB. will he effective on 16 Dsewber 1998. 

2. CBSfSATE/S OT tt5BK MX) K^XFIEAflOa TO XOUK BBtmtfFE 
OT.'OS'm/vcTOas. (a) You shall stop all work, oak© me further 
shipment#, and place so further orders ia connection with the 
contract, except (l) to the extent that you nay wish to retain 
and emtime any work la pro©*#* or other Materials for your 
w account, or (2) to the extent toe Contrasting Officer auto* 
©rises you to continue work-ia-procese for reasons of safety, or 
to clear (or avoid daasge to) s^pasaat or to avoid isaediate 
ccKflcte soilage of vwpk~ia-proc«a« haring a definite eoeaerical 
value, or otimnrtm to prevent undue loss to the Oovertment. (Xf 
you believe the aathorisatian raftered to in subparagraph (2) tosve 
is nceesseury tap advisable, yon shall iaaediately notify the Cob- 
trusting Officer hy telephone or personal conference and obtain 
izteta.'uctioue. ) You shall keep adequate records of your ccnpll a n c c 
with this paragraph 2(a) stowing (i) toe effective date of each 
texsdnatico, aud iii) the extent of completion of p erfbeuan ce ca 
said, effective date. 

(b) Toe shall give notice of termination to each of your 
lasediate subcoatractors (including suppliers) too will be 
affected by toe tern&aatloa of your Contract. la such notice 
you shall ill give faia toe amber of your Contract or ffcrefcase 
order, (0) state that it has ban terminated (or terminated in 
part, if tost la the case) for the eosvenienee of the Oommeat, 
(3) instruct him to stop all work, to aahi no further aMpaents, 
to place no more orders, and to tecsdmte all au to outm ets under 



Approved For Release 2002/06/13 : CIA-RDP81B00878R0001 00050033-5 




Approved For Release 2002/06/13 : CIA-RDP81B00878R0001 00050033-5 


this contract with you (subject to ths same exceptions 
stated in paragraph 2(a), (I) direst* hi* to snbedt hi® 
settlement proposal promptly 1® coder to ea^edlte settle- 
meat, sad (5) reqpaat him to give alactUr notice and la* 
»tnictioat to hi* iaawdlabe adbeaatraetor*. 

{«) You aboil notify the extracting Officer of the 
iMnbcr of article® completed uader the Contract and *tlll 
on toad, and arrange vlth Mm for their delivery or other 
disposal. 

(i) Too shall forthwith transfer title to and deliver 
to the & overt cBe n t # la accordance vlth any Instructions of the 
contracting Officer, all item of termination iavaafcory (in- 
cluding euiwoatractor termiaatian inventory vhich under the 
terms of the subcontract or purchase order eanceraea you have 
the right to take over) of the follcrvSag type* or classes: 


{«) Toa shall notify the Contanactiag Officer of nay 
pending legal proceedings which relate to any subcontracts 
or purchase orders under the tersdnated contract or which 
have resulted la cur which are intended to remit la a lien or 
encumbrance m any termination Inventory other than terainatiaa 
inventory’ you propose end are snthrolsed to purchase, retain, 
or dispose of. (ft® contracting Officer shall also he promptly 
notified of any such pr o cee d ings brought after receipt of this 
Sotice. ) 

<f) Tou shell take each other action aa say he required 
by the Contracting Officer or under the termination danse 
contained in your contract. 

3, Tmm&im mrnmm. la connection vlth settlement 
of your claim, it will be nec en B ory to asrtablish that all your 
termination inventory end that of your subcontracts has been 
properly accounted for. for detailed lnfoenatiaa, see fart 6 
of Section VHI of ASP®. 

h. comma mxCLm. Subject to paragraph 9-502 of A sm, 
you will invoice acceptable completed article® under the contract 
in the usual way and not include then in your tsttlsasBt proposal. 


2 - 
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5* Of WBSG8HL* tour aettlenmt 

prapoeol shall be submitted on Beam UB-540 entitled ’‘Settle- 
raent Proposal (Inventory Basis} or tgr letter consisting of 
gmemHy the ewe information as required by said foam. 

6* BUSK'S. Too? attention i» called, to *ay provisions 
of toe contract which nay require ytxx to ashe * disclosure of, 
*»«m to deliver to the So waw t i ns t r uments of licesac os* 
ase.l^taamt respecting all inventions, discoveries, end patent 
applications aade by you la the performance of the contract. 

You are surged to forward such disclosures and instruments 
of license or assignment to t he Contracting Officer promptly, 
inasmu ch as thaw contractual a&Llj^tiooa wet be compiled 
with before execution of the final settlement agreement. 

?. SETTLSfflSTS WITH OIBOC^aTRACTORS. Too rewin liable 
to your subcontractors and suppliers for dais® arising by 
reason of the termination of their onbeootracts or orders. 

You are requested to settle each termination claim* as praaptly 
as possible, For purposes of reimbursement by the Government, 
such settlements will be ©awamed by the prorisioa* of Barts 4 
and i> of Section mi of ABFK. 

8. Please execute: the original and flee copies of this 
Letter notice of Termination end return the original sal four 
copies to the undersigned. One copy nay be retained in your 
files trader each s ecur ity conditions as the Government way 
inpose. Copies of this Letter Sotice of Tcmto&tion will not 
be made without the Ctovertsaeat's permission. 

Vary truly yours, 

110S PEHHH-lX2fER COKPOfiATIOr? 


25X1 A 


25X1 A 


ACIHOVLEDQEO A8b SCCEFTEC 
TS3S 5 MS. OF Jan. 


J 


General Manager 

ibgineeriag & Optical Id vision 

195 9. 
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PA/-’ 




January 13, 1959 


Dear Dan: 

Subject: Letter Notice of Termination to 
Contract dated 24 June 1958 

Enclosed are two (2) copies of the subject Letter 
Notice of Termination, which has been signed by our 
Company and by Hycon. 

In regard to paragraph 5. SUBMISSION OF SETTLEMENT 
PROPOSAL, Form DD-547 will be used rather than Form DD- 
540. 



Charlie 


CMH:pma 

Enclosures 
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